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INTRODUCTION 

During  the  next  twenty  years  numerous  public  improvements  will  be  needed  to 
k«ep  pace  with  urban  expansion  in  the  New  Bern  Planning  Area  and  to  provide  the 
Ic'el  of  governmental  services  today's  urban  resident  demands^   The  need  for  these 
improvements  was  identified  in  the  City's  Community  Facilities  Plan  and  Parks  and 
Recreatior.  Study;.   The  purpose  of  this  report  is  to  estimate  the  cost  of  providing 
these  Improvements  and  schedule  them  in  logical  sequence.   Such  information  pro- 
vides the  basis  for  sound  capital  improvements  budgeting  which  is  riecessary  if  the 
maximum  level  of  governmental  services  is  to  be  provided  at  the  minimum  cost  to 
the  taxpayer. 

SUMMARY  OF  NEEDED  IMPROVEMENTS 

The  following  is  a  summary  of  the  items  which  have  been  identified  by  previous 
studies  as  needed  public  improvements  in  the  New  Bern  Planning  Area  during  the  next 
twenty  years. 

ESTIMATED  RECOMMENDED 


IMPROVBMENT                                             COST  FINANCING 

New  streets  and  s torm.  dra ina ge                     $15,000  (Annually)  Current  revenue 

New  water  lines                                     20,000  (Annually)  Current  revenue 

New  sanitary  sewer  lines                             20,000  (Annually)  Current  revenue 

New  street  lights                                      5,000  (Annually)  Current  revenue 

Replace  inadequate  water  lines                      20,000  (Annually  Current  revenue 

for  5  years) 

Replace  inadequate  storm  drainage  lines             10,000  (Annually  Current  revenue 

for  5  years) 


IMPROVEMENT 

Replace  inadequate  sanitary  sewer  lines         $ 

New  water  supply  (wells)  ] 

New  500,000  gallon  water  storage  facility 

New  electrical  substation 

New  electrical  loop  feeder  line  (Country  Club 
Heights) 

New  conductors  on  Havelock  electrical  line 

New  Riverside  electrical  tie  line 

New  Oa ks Road /Wa sh ing ton  Forks  electrical  feeder 
line 

New  Eastside  22  KV  loop  electrical  line 

New  bulldozer  for  land  fill  operation 

New  dragline  backhoe  machine 

New  police  building 

New  police  patrol  car 

New  combination  fire  station  and  training 
cent  er 

New  crash  truck  (for  Airport) 

New  library  building  (City's  share) 

New  portable  refuse  collection  equipment 

Fort  Totten  Park 
Site  improvements 
Facilities  and  equipment 

West  New  Bern  Recreation  Area 
Site  improvements 
Facilities  and  equipment 


ESTIMATED 
COST 

10,000  (Annually 

for  5  years) 

,250,000 

300,000 
70,000 
35,000 

15,000 
25,000 
20,000 

20,000 

20,000 

27  ,000 

200,000 

2,800 

100,000 

23,500 
90,000 
20,000 

7,500 
7,  500 


25,000 
420,900 


RECOMMENDED 
FINANCING 

Current  revenue 

General  obligation 
bonds 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


2  - 


IMPROVEMENT 

Do  E»  Henderson  Recreation  Area 
Site  improvements 
Facilities  and  equipment 

Glenburnle  Park 

Site  Improvements 
Facilities  and  equipment 

Lawson  Creek  Park 
Site  Improvements 


ESTIMATED 
COST 


$  20,000 
292,600 


20,000 
306,300 


40,000 


RECOMMENDED 
FINANCING 


Current  revenue 
Current  revenue 


Current  revenue 
Current  revenue 


Current  revenue 


The  first  four  items  in  the  list  -  New  streets  and  storm  drainage,  New  water  lines, 
New  sanitary  sewer  lines  and  New  street  lights  -  are  Improvemsnts  which  will  require 
an  annual  expenditure  of  varying  amount  as  long  as  the  city  pursues  its  present  policy 
of  financing  completely  these  improvements.   The  estimated  cost  assigned  to  these  items 
is  representative  of  the  amount  which  will  be  required  each  year  over  a  long  period  of 
t  ime  . 

The  next  three  items  in  the  list  -  Replace  inadequate  water  lines.  Replace  inadequate 
storm  drainage  lines,  and  Replace  sanitary  sewer  lines  -  are  a  part  of  a  five  year  program 
by  the  city  to  improve  the  distribution  portion  of  the  water,  sanitary  sewerage  and  storm 
drainage  systems. 

Tests  are  presently  underway  to  determine  the  feasibility  of  sinking  several  deep 
wells  to  provide  the  city  with  a  practically  unlimited  supply  of  water  which  would 
require  very  little  chemical  treatment.   This  new  water  supply  is  not  only  necessary  to 
serve  existing  and  anticipated  growth  in  the  Planning  Area,  but  would  place  New  Bern 
In  a  much  more  competitive  position  for  acquiring  Industries  which  require  large 
amounts  of  water. 


One  of  New  Bern's  greatest  assets  is  Its  potential  for  Parks  and  Recreation  Develop- 
ment.  The  city  has  launched  an  ambitious  program  to  provide  a  Park  and  Recreation 
System  second  to  none  in  Eastern  North  Carolina.   Several  of  the  sites  for  these  areas 
were  originally  swamp  land  which  has  been  reclaimed  through  the  city's  drainage  and 
sanitary  land-fill  program.   The  improvement  of  these  sites,  which  includes  land- 
fill, drainage,  grading  and  landscaping,  has  been  accomplished  thus  far  with  great 
economy  to  the  taxpayer.   However,  to  complete  the  improvement  of  these  sites,  and 
to  provide  the  recreation  facilities  and  equipage  needed,  a  relatively  large  amount 
of  money  will  be  required.   Since  it  is  the  intent  of  the  city  to  finance  the  develop- 
ment of  this  system  through  current  revenue.  Parks  and  Recreation  improvements  have 
been  staged  over  the  full  twenty  year  planning  period. 

RECOMMENDED  FINANCING 
With  the  exception  of  the  new  water  supply,  for  which  bond  financing  Is  propos- 
ed, the  recommended  financing  for  all  improvements  is  with  current  revenue.   Current 
revenue  includes  not  only  the  current  operating  budget,  but  also  any  reserves  accumulat- 
ed from  taxes  levied  for  special  projects  or  from  reserves  accumulated  over  a  period  of 
time  through  savings  in  the  operating  budget.   This  is  sound  fiscal  policy  which  should 
be  practiced  wherever  possible.   However,  for  certain  large  items  such  as  the  new  police 
building,  it  requires  that  the  necessary  funds  be  accumulated  over  a  period  of  years  in 
a  special  capital  reserve  fund.   It  is  in  these  Instances  that  capital  improvements 
budgeting  is  essential  if  the  funds  are  to  be  on  hand  when  the  scheduled  time  for 
providing  the  improvement  arrives. 
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The  new  water  supply  Is  an  Improvement  of  such  magnitude  that  it  cannot 
be  practically  financed  through  current  revenue.   If,  after  all  tests  are 
completed,  the  city  decides  that  this  Improvement  Is  both  desirable  and  feasible, 
it  will  probably  be  necessary  to  float  a  bond  Issue  similar  to  the  bond  issue 
used  to  finance  the  construction  of  the  sewage  treatment  plant.   It  is  the  belief 
of  city  officials  that  money  saved  from  not  having  to  treat  the  water  would  pay 
for  such  a  bond  issue. 

OTHER  PUBLIC  IMPROVEMENTS 

There  are  certain  public  improvements  which  are  needed  to  serve  the  Planning  Area, 
but  for  which  the  City  of  New  Bern  is  not  responsible  for  providing  or  financing.   Prin- 
ciple among  these  are  Improvements  to  schools  and  major  thoroughfares.   The  following 
pages  contain  a  proposed  schedule  of  improvements  to  schools  and  major  thoroughfares 
based  on  information  obtained  from  the  Superintendent  of  New  Bern  City  Schools,  and 
from  the  Advanced  Planning  Department  of  the  North  Carolina  State  Highway  Commission^ 

The  proposed  school  improvements  are  based  on  school  needs  If  the  city  schools 
remain  separate  from  Craven  County  Schools.   However,  a  study  Is  now  being  conducted  by 
The  State  Department  of  Public  Instruction  to  determine  among  other  things  the  feas- 
ibility of  a  merger  of  the  two  systems.   If  such  a  merger  is  accomplished,  a  new 
schedule  of  improvements  must  be  developed. 

It  will  be  noted  that  improvements  to  the  major  thoroughfare  system  have  been 
assigned  a  priority  rather  than  a  specific  year  that  the  improvement  is  to  be  provided. 
Further   studies  will  be  required  before  this  information  is  available.   Also,  it  is 
probable  that  the  city  will  be  required  to  participate  in  the  financing  of  some  of 
the  listed  improvements.   This  will  be  definitely  established  when  the  Highway  Commiss- 
ion completes  its  Systems  Responsibility  Study. 
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PLANNED  SCHOOL  IMPROVEMENTS 

ESTIMATED 
IMPROVEMENT  COST  YEAR 

Additional  classrooms  at  Trent  Park  School     $    75,600  1964  -  1965 

Rebuilding  of  West  Street  School  700,000  1964  -  1965 

New  Junior   High  School  1,000,000  1965  -  1966 

New  Elementary  School  in  Country  Club  Area        200,000  1965  -  1966 

New  Elementary  School  in  Pembroke  Area  200,000  1965  -  1966 
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IMPROVEMENTS  TO  MAJOR  THOROUGHFARE  SYSTEM 


Improvement 

1  .   Inner  loop 

Broad  Street  -  Pembroke  Road 
Pembroke  Road  -  US  70 

2.  Neuse  Boulevard  Widening 

3.  Simmons  Street  Extension 

4.  US  70  By-Pass  (US  17  -  Inner  Loop) 

5.  Inner  Loop  (Broad  St.  -  National  Ave) 

6.  Pembroke  Road  Radial 

7.  US  70  By-Pass  (US  17  -  West) 

8.  S.R.  1111,  (Relocation) 

9.  National  Ave.  -  Metcalf  St.  Radial 

10.  US  17  Widening  (Bridgeton) 

11.  Outer  Loop  (Race  Track  Rd.  - 
Neuse  B 1 vd ) 

12.  Intermediate   Loop  (Trent  Blvd  - 
Pembroke  Rd.) 

13.  Outer  Loop  (Pembroke  Rd.  -  Race 
Track  Rd. 

14.  Old  US  17  Radial  (Old  US  17  - 
Pembroke  Rd.) 


Priority 

Construction 
Cost^ 

Righ t-o  f-way 
Cost 

Total  Cost 

1 

$ 
1 

62,000 
,758,00 

$  75,000 
100,000 

$   137,000 
1,858,000 

1 

493,000 

125,000 

618,000 

2 

125,000 

25,000 

150,000 

2 

595,000 

75,000 

670,000 

0   2 

222,000 

125,000 

347,000 

3 

220,000 

155,000 

375,000 

3 

640,000 

60,000 

700,000 

3 

142,000 

35,000 

177,000 

4 

176,000 

720,000 

896,000 

4 

150,000 
142,000 

150,000 

4 

17,000 

159,000 

LR 

134,000 

40,000 

174,000 

LR 

51,000 

22,000 

73,000 

LR 

66,000 

25,000 

91,000 

iased  upon  1963  construction  costs, 
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USING  THE  PUBLIC  IMPROVEMENTS  PROGRAM 


Since  the  Public  Improvements  Program  has  no  legal  status,  its  value  co  the 
community  is  almost  totally  dependent  on  how  well  it  is  followed  by  the  clty«   In  the 
last  section  of  this  report  the  improvements  are  scheduled  over  the  next  twenty  years 
according  to  the  year  in  which  they  will  be  needed,  based  upon  the  best  information 
available  at  this  given  point  in  time.   This  should  become  the  city's  guide  in  budget- 
ing for  and  providing  capital  improvements.   Annually,  this  schedule  should  be  evaluated 
and  brought  up  to  date  in  light  of  changing  conditions  in  the  community.   As  the  need 
for  new  improvements  is  identified,  they  should  be  included  in  the  schedule.   By  the 
same  token,  if  conditions  change  to  the  extent  that  an  improvement  is  no  longer  required, 
it  should  be  deleted  from  the  schedule.   If  for  some  reason  an  improvement  can  not  be 
provided  in  the  year  it  is  scheduled,  it  should  be  rescheduled. 

For  the  first  six  years  of  the  twenty  year  period,  cost  estimates  are  assigned  and 
a  method  of  financing  is  recommended.   At  the  end  of  each  year,  when  the  program  is 
eveluated  and  necessary  corrections  made,  cost  estimates  should  be  assigned  for  an 
additional  year,  and  the  total  program  extended  for  a  year  so  that  the  city  continually 
maintains  a  twenty  year  public  improvements  program  with  cost  estimates  provided  for 
the  first  six  years  of  the  program. 


1964  -  1965 


IMPROVEMENT 


ESTIMATED 
COST 


RECOMMENDED 
FINANCING 


New  streets  and  storm  drainage  $    15,000 

New  water  lines  20,000 

New  sanitary  sewer  lines  20,000 

New  street  lights  5,000 

Replace  Inadequate  water  lines  20,000 

Replace  inadequate  storm  drainage  lines  10,000 

Replace  inadequate  sanitary  sewer  lines  10,000 

New  water  supply  (wells)  1,250,000 

New  electrical  substation  70,000 

New  electrical  loop  feeder  line  35,000 

New  dragline  -  backhoe  machine  27,000 

Site  improvements  to  Fort  Totten  Park  1,500 

Site  improvements  to  West  New  Bern  Recreation  2,500 
Area 

Site  improvements  to  D,  E.  Henderson  Recreation  1,000 
Area 

Site  improvements  to  Glenburnie  Recreation  Area  2,200 

Site  improvements  to  Lawson  Creek  Park  2,000 


Current 

Current 

Current 

Current 

Current 

Current 

Current 

Genera  1 
bonds 

Current 

Current 

Current 

Current 

Current 


revenue 


revenue 


revenue 


r e venu  e 


revenue 


revenue 


revenue 


ob  1  iga t  ion 


r evenu  e 


revenue 


revenue 


revenue 


revenue 


Current  revenue 

Current  revenue 
Current  revenue 


1965  -  1966 


ESTIMATED 

IMPROVEMENT  COST 

New  streets  and  storm  drainage  $   15,000 

New  water  lines  20,000 

New  sanitary  sewer  lines  20,000 

New  street  lights  5,000 

Replace  Inadequate  water  lines  20,000 

Replace  Inadequate  storm  drainage  lines  10,000 

Replace  Inadequate  sanitary  sewer  lines  10,000 

New  electrical  tie  line  (Riverside)  25,000 

New  bulldozer  for  land-fill  operation  20,000 

Site  Improvements  to  Fort  Totten  Park  1,500 

Site  Improvements  to  West  New  Bern  Recreation  2,500 
Area 

New  recreation  center  (West  New  Bern  Recreation   240,000 
Area) 


Site  Improvements  to  D.  E.  Henderson  Recreation 
Area 


1,000 


Site  Improvements  to  Glenburnie  Park  2,200 

Develop  Marina  and  Parking  Area  (Glenburnie  Park)  59,650 
Site  improvements  to  Lawson  Creek  Park  2,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


1966  -  1967 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  ter  lines 

New  sanitary  sewer  lines 

New  street  lights 

Replace  inadequate  water  lines 

Replace  inadequate  storm  drainage  lines 

Replace  inadequate  sanitary  sewer  lines 

Install  conductors  on  Havelock  electric  line 

Site  improvements  to  Fort  Totten  Park 

Convert  fire  station  at  Fort  Totten  to  Arts 
and  Crafts  Center 

Provide  multi  use  paved  area  (Fort  Totten) 

Site  improvements  to  West  New  Bern  Recreation 
Area 

Develop  parking  areas  for  West  New  Bern  Rec- 
r ea  t  ion  Area 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 
Develop  camping  area  at  Glenburnie  Park 


ESTIMATED 
COST 

$15,000 

20,000 

20,000 

5,000 

20,000 

10,000 

10,000 

15,000 

1,  500 
5,000 

2,500 

2,  500 

6  5,40  0 
1,000 

2,200 

3,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


Improvement 


1966  -  1967  (Continued) 

ESTIMATED 
COST 


Construct  toilet  facilities  at  Glenburnie  Park  $  4,000 

Improve  Glenburnie  Park  beach  area  for  swimming  10,000 

Develop  Glenburnie  Park  parking  area  34,650 

Site  improvements  to  Lawson  Creek  Park  2,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


1967  -  1968 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  t er  1 Ines 

New  sanitary  sewer  lines 

New  street  lights 

Replace  inadequate  water  lines 

Replace  inadequate  storm  drainage  lines 

Replace  inadequate  sanitary  sewer  lines 

New  police  patrol  car 

New  combination  fire  station  and  training 
center 

New  Oaks  Road/Wa shlng ton  Forks  electrical 
feeder  1  ine 

Site  improvements  to  Fort  Totten  Park 

Site  Improvements  to  West  New  Bern 
Recreation  Area 

Develop  tennis  courts  at  West  New  Bern 
Recreation  Area 

Provide  playground  apparatus  at  West 
New  Bern  Recreation  Area 

Provide  multi-use  paved  area  at  West  New 
Bern  Recreation  Area 

Site  improvements  to  D»  E.  Henderson 
Recreation  Area 


ESTIMATED 
COST 

$  15,000 

20,000 

20,000 

5,000 
20,000 
10,000 
10,000 

2,800 

100,000 

20,000 
1,500 

2,500 

24,000 

2,500 

3,000 

1,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


1967  -  1968  (Continued) 

ESTIMATED 

IMPROVEMENT  COST 

New  recreation  center  at  D.  E.  Henderson 

Recreation  Area  $100,000 

Site  Improvements  to  Glenburnie  Park  2,200 

Develop  trailer  park  at  Glenburnie  Park  15,000 

Provide  playground  apparatus  at  Glenburnie 

Park  2,500 

Provide  concession  stands  at  Glenburnie  Park  2,000 

Construct  fishing  pier  at  Glenburnie  Park  6,000 

Construct  picnic  shelters  at  Glenburnie  Park  8,000 

Construct  maintenance  shop  at  Glenburnie  Park  18,000 

Site  improvements  at  Lawson  Creek  Park  2,000 


RECOMMENDED 
FINANCING 

Current  revenue 
Current  revenue 
Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


1968  -  1969 


ESTIMATED 

IMPROVEMENT  COST 

New  streets  and  storm  drainage  $  15,000 

New  water  lines  20,000 

New  sanitary  sewer  lines  20,000 

New  street  lights  5,000 

Replace  inadequate  water  lines  20,000 

Replace  inadequate  storm  drainage  lines  10,000 

Replace  inadequate  sanitary  sewer  lines  10,000 

New  500,000  gallon  water  storage  facility  300,000 

New  library  building  (city's  share)  90,000 

New  Eastslde  22  KV  electrical  loop  line  20,000 

Site  improvements  to  Fort  Totten  Park  1,500 

Site  improvements  to  West  New  Bern 

Recreation  Area  2,500 

Develop  ballfields  at  West  New  Bern 

Recreation  Area  19,500 

Develop  picnic  area  at  West  New  Bern 

Recreation  Area  1,000 

Construct  picnic  shelters  at  West  New  Bern 

Recreation  Area  1,500 

Construct  toilet  facilities  at  West  New  Bern 

Recreation  Area  2,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


1968  -  1969  (Continued) 

FSTIMATED 


IMPROVEMENT 


Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Develop  parking  area  at  D.  E.  Henderson 
Recreation  Area 

Provide  tennis  courts  at  D,  E.  Henderson 
Recreation  Area 

Provide  ballfields  at  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Develop  day  camp   at  Glenburnie  Park 

Develop  activity  area  at  Glenburnie  Park 

Construct  lookout  tower  at  Glenburnie  Park 

Develop  trailside  zoo  at  Glenburnie 
Recreation  Area 


COST 
$  1,000 
22,050 
8,000 

15,000 
2,200 
6,000 
7,500 

20,000 

25,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 
Current  revenue 
Current  revenue 
Current  revenue 
Current  revenue 

Current  revenue 


1969  -  1970 


ESTIMATED 

IMPROVEMENT  COST 

New  streets  and  storm  drainage  $  15,000 

New  water  lines  20,000 

New  sanitary  sewer  lines  20,000 

New  street  lights  5,000 

New  crash  truck  (for  Airport)  23,500 

New  police  building  200,000 

New  portable  refuse  collection  equipment  20,000 

Site  improvements  to  West  New  Bern 

Recreation  Area  2,500 

Construct  concession  stands  at  West  New 

Bern  Recreation  Area  2,000 

Construct  swimming  pool  at  West  New 

Bern  Recreation  Area  60,000 

Site  improvements  to  D.  E.  Henderson 

Recreation  Area  1,000 

Construct  recreation  center  at  D.  E. 

Henderson  Recreation  Area  100,000 

Site  improvements  at  Glenburnie  Park  1,000 

Construct  recreation  center  at  Glenburnie  Park     85,000 

Site  improvements  to  Lawson  Creek  Park  2,000 


RECOMMENDED 
FINANCING 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 

Current  revenue 


1970  -  1971 


ESTIMATED 


IMPROVEMENT 

New  streets  and  storm  drainage 

New  wa  ter  lines 

New   sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  West  New  Bern 
Recreation  Area 


RECOMMENDED 
FINANCING 


Site  improvements  to  D, 
Recreation  Area 


E ,  Render  son 


Develop  parking  area  at  D.  E.  Henderson 
Recreation  Area 

Construct  swimming  pool  at  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


1971  -  1972 


ESTIMATED 


IMPROVEMENT 

New  streets  and  storm  drainage 

New  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  West  New  Bern 
Recreation  Area 

Site  Improvements  to  D.  E.  Henderson 
Recreation  Area 

Provide  playground  apparatus  at 
D.  E.  Henderson  Recreation  Area 

Provide  multi-use  paved  area  at 
D.  E.  Henderson  Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


RECOMMENDED 
FINANCING 


1972  -  1973 

ESTIMATED  RECOMMENDED 

IMPROVEMENT  COST  FINANCING 

New  streets  and  storm  drainage 

New  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  West  New  Bern 
Recr ea  t  ion  Area 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


1973  -  1974 

ESTIMATED  RECOMMENDED 

IMPROVEMENT  COST  FINANCING 

New  streets  and  storm  drainage 

N  ew  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  West  New  Bern 
Recreation  Area 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


1974  -  1975 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  t er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnle  Park 

Site  improvements  to  Lawson  Creek  Park 


ESTIMATED 
COST 


RECOMMENDED 
FINANCING 


1975  -  1976 

ESTIMATED  RECOMMENDED 

IMPROVEMENT  COST  FINANCING 

New  streets  and  storm  drainage 

N  ew  wa  ter  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


1976  -  1977 


ESTIMATED 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


RECOMMENDED 
FINANCING 


1977  -  1978 


ESTIMATED 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


RECOMMENDED 
FINANCING 


1978  -  1979 


IMPROVEMENT 

New  streets  and  storm  drainage 

New  water  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


ESTIMATED 
COST 


RECOMMENDED 
FINANCING 


1979  -  1980 


IMPROVEMENT 

New  streets  and  storm  drainage 

New  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  Improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


ESTIMATED 
COST 


RECOMMENDED 
FINANCING 


1980  -  1981 


ESTIMATED 


IMPROVEMENT 

New  streets  and  storm  drainage 

New  wa  t er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  Improvements  to  Lawson  Creek  Park 


RECOMMENDED 
FINANCING 


1981  -  1982 


ESTIMATED 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  t er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  Improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Gienburnie  Park 

Site  Improvements  to  Lawson  Creek  Park 


RECOMMENDED 
FINANCING 


1982  -  1983 

ESTIMATED  RECOMMENDED 

IMPROVEMENT  COST  FINANCING 

New  streets  and  storm  drainage 

N  ew  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  Improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


1983  -  1984 


IMPROVEMENT 

New  streets  and  storm  drainage 

N  ew  wa  t  er  lines 

New  sanitary  sewer  lines 

New  street  lights 

Site  improvements  to  D.  E.  Henderson 
Recreation  Area 

Site  improvements  to  Glenburnie  Park 

Site  improvements  to  Lawson  Creek  Park 


ESTIMATED 
COST 


RECOMMENDED 
FINANCING 
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